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Letter Contract No. RA-IO 76 
Amendment No. 3 


Saner*! Precision Laboratory, Inc. 1 8 DEC 1956 

63 Bedford Bead 

PXeaaantTtU.*, Rev York 


Attention : 


Cestlemen; 


* f *? L *^ ter Coutr aet RA -1076 between the 
Halted States 'Government end OeaerEj. Precision Laboratory, In- 
corporated, accepted by the Contractor on 11 April 1956 , M 

} * nd 2# •"* acc «P teA oa 28 Jane and 
August 1956, respectively. 

** ^'•tter Contract Mo. RA-1076, as amended, is hereby 

amended as fallows : ^ 

- ^ Provisions for Defiaitizing Contract 

flatter Contract Ho. RA-1076, as amended, the date 30 Sep- 

t<wfes ® r W is deleted and the date 15 January 1957 is sub- 
stituted therefor. 

. fj ‘'It* d ^ ted k Juae 1956 to and made 

a part of said Letter Contract, as amended, is deleted la 

its entirety and the attached Exhibit "A" Revision 2 , dated 
6 December 1956, is substituted therefor. 


Co) ®*s following provision providing for 
meats is hereby sm&s a part of this contract. 


progress pay- 


PROGRESS PAYMENTS. Prepress payments vlll be 
for each delivered Baden navigation System com- 
plete with an applicable set of Installation Parts as 
covered by Items Ho. 1, 2, 3 and h of Exhibit "A" 
R *T*®*f® 6 December 2956. Ihe amount to be 

paid for each completed system will be the estimated 
unit price of JSvfhj.OO.” 
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3* This Ameodiaent increases the previously authorised oblige- 
tic® by $6,624.00. All other tens and conditions of Letter Contract 
Ho* RA-1C/6, as amended, remain unchanged. 

4. Please indicate your acceptance of this Amendment Ho. 3 by 
executing the original and two copies thereof. Return the original 
and one fully executed copy to the undersigned and retain one exe- 
cuted copy for your files. 


25X1 A 


25X1 A 


Accepted thi s 21 d ay of 
December ,195 6, 


THE UNITED STATES OF AMERICA 


By 

Contracting Officer 


GENERAL PRECISION LABORATORY, INCORPORATED 



• 2 - 
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Letter Contract Ho. RA-1076 
Amendment Ho. 3 

6 December 1956 


SXSIBIT "A* - Revision 2 


1* ffiPFLXES AID SERVICES ; 

A* Ihe iW^liee and services to be furnished by the Contrac- 
tor to the Government under the terms <rf this contract are as 
follows; 


Xtos 1 - 


Item 2 - 


Item 3 * 


five (5) each RASAS Navigation System Ifodel PC-2I0A, lass 
installation parts, each consisting of one (l) each of the 
following: 


*1 

Antenna Receiver Tracker 

GPL p/n 6411*1 

b) 

e) 

Frequency Tracker 

Control Panel 

" ” 6416-1 

d ) 

Indicator 

rt " 6427-1 

e) 

Heading Selector 

" n 6418-1 

t) 

Rack Aaaenhly 


mgfet (8) each RASAlf Navigation System Model PC-210, less 
Installation parts, each consisting of one (l) each of the 
following : 


a) Antenna Receiver Tracker 

b) Frequency Traekar 

• j Indicator 
d) Control Panel 
e) leading Selector 


GPL p/n 64H-1 

" " 6427-1 

* " 6416-1 

* B 6418-1 


Five (5} Sets of PC-21 QA Installation Parts, each set con- 
sisting of on © (l) each of the following: 


a) Indicator Ping and Clamp, 
Cannon FK-37-21C-9/16 

b) Control Panel Plug, Cannon 
KD3-19-20SW 

e) Control Panel 2nd Bell, 

Cannon KQ6- 19-1/2 
d) Heading Selector Plug, Cannon 
1S03-21-3QSN 

«) leading Selector Sod Bell, 
Cannon K06-21-5/8 


GPL p/a 105-142-2 

!? H 105-123-522 

" 105-127-2 
" " 105-123-530 

" " 105-127-3 


Approved For Release 2002/06/11 : CIA-RDP64B00187A0007001 00005-7 



Approved For Release"“2002/06/11 : CIA-RDP64B00187A00070flJ 00005-7 


Item 4 - Eight (8) sets of Model PC-210 Installation Parts, each 
set cocoaistiag of one (l) each of the following ; 


b 

1 Frequency Tracker Mount 
\ A-R-T Angle Plug 

IPC 5^00 

GPL p/a 

If ft 

6412-28 

105-152-1 

e. 

1 A-R-T Plug 

Cannon 

KD3-21-30SN 

£08-21*5/8 

n 

it 

105-123-5 30 

4; 

1 A-R-T 90® Bid Bell 


n 


105-127-103 

e] 

1 Indicator Hug and Clang? 

fl 

PK-37-21C-9/16 

St 

« 

105-142-2 

t] 

1 Control Panel Plus 

l» 

K03-19-20SW 

ft 

n 

105-123-522 

8 

1 Control Band Bad Bell 

n 

K06-19-1/2 

H 

it 

105-127-2 

hj 

1 Heading Selector Plug 

n 

K03-21-30SN 

* 

ft 

105-123.530 

i) Heading Selector End Bell 

K06-21-5/8 

n 

n 

105-127-3 


Item % - Three {3) Model PC-210A Flyaway Sfcare Parts Kits. 

Item 6 * five (5} Motel PC-210 flyaway Spare Parts Kits. 

Item 7 * Oast (i) set Model FC-210A Depot Spare Parts. 

Item 8 - Two (2) seta Model PC-210 Depot Spare Parts. 

Item 9 » Two (2) sets Model PC-21QA Special Test Equipment each cons is 
ting of one (l) each of the f allowing : 



frequency Tracker Test Adapter 
A-R-T Test Adapter 
Bench Harness and Junction 3 ox 
Back Test Harness and Junction Box 
A-R-T Test Stand 
A-R-T Extension Cable 
Main Loop Extension cable 
Axtwth Extension Cable 
Power Supply Extension Cable 
Audio Amplifier Extension Cable 
Voltage Regulator Extension Gable 


OR# p/n 

6482-1 

« & 

6481-1 

tt » 

6483-1 

H H 

6485-1 

•t tt 

6480-1 

ft It 

6484-2 

ft If 

6484—3 

It tt 

6484-4 

ft tt 

6484-5 

H It 

6484-6 

H (f 

6484—7 


Item 10 - Three {3} seta Model PC-210 Special Test Equipment each con- 
sisting of one (l) each of the following: 


:} 

e) 

d) 

e) 
f> 

«) 

h) 

i) 
5) 


frequency Tracker Test Adapter 
A-R-T Test Adapter 
Bench Harness and Junction Box 
A-R-T Test Stand 
A-R-T Extension Gable 
Main Loop Extension Gable 
Aafcsoth Extension Cable 
Power Supply Extension Cable 
Audio Amplifier Extension Cable 
Voltage Regulator Extension Gable 


3PL p/n 6482-1 

" a 6461-1 

" * 6483-1 

0 " 6480-1 

" " 6484-2 

u " 6484-3 

•* - 6464-k 

" " 6484-g 

H " 6484-6 

" ” 6484-7 
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Item 11 - Thirty-three (33) each Haadbooke for RAMH Modal PC- 201 . 
Total Estimated Contract Price 

F.O.B. Pleasaatvllle, Hev York $837,6^9 

2 , DELIVERY aCHESUSE 


Item 

Jo* Item 

3as£&y 

Date 

1 

PC- 21 QA System 

1 

September 1$, 1956 



1 

September 30, 1956 



1 

Decaafesr 5# 1956 



1 

December 15, 1956 



1 

December 30, 1956 

£ 

PC -210 System 

1 

Koveadber 5, 1956 



1 

November 15 , 1956 



1 

January 10, 1957 



1 

January 20 , 1957 



1 

February 20 , 1957 



1 

March 1, 1957 



1 

May 10 , 1957 



1 

May 20 , 1957 

3 

PC-21QA Installation Parts 1 

Septeaber 15 , 1956 



1- 

Sapfceaber 30, 1956 



1 

Decaaber 5, 195 6 



1 

December 15 , 1956 



1 

December 30, 1956 

k 

PC -210 Xostallatiou Burts 5 

Noveaftwr 15, 1956 



3 

February 15, 1957 

5 

PC -21 QA. pak 

1 

October 15, 1956 



1 

December 30 , 1956 



1 

•husuary 30, 1957 

6 

PC- 2.10 FAK 

1 

December 5, 1956 



1 

Jtouary 10, 1957 



1 

February 20 , 1957 



1 

March 20 , 1957 



1 

May 10 , 1957 

7 

PC-8XQA Depot Spares 

1 

January 10, 1957 

8 

SC -210 Depot Spo^oa 

1 

February 20, 1957 



1 

April 20 , 1957 


* 3 * 
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St an Mo. Item 

Q^tity 

Bate 

9 

Special feet Equipment for 
PC«*21QA System 

1 set 

1 set 

Septeaber 30, 195& 
January 15, 1957 

10 

Special Seat Equipment for 

pc-sio 

1 

2 

Beeaaher 15 , 1956 
January 30, 1957 

11 

Two (t) each Handbooks with 

each PC 2X0A and PC 

210 System. 

Remaining seven { 7 ) to he shipped hulk. 



3. SPBCIFXCAgIQHS 

Contractor guarnntaea equipment vUl ootsply vltb the 
mats* Specifications , ccpiee of -which will he provided hy the Contractor 

to the Government * 


k. MAJUWm 

1* All equipment supplies hy the Contractor hereunder, except 
■m axm titoes, in guaranteed to he free front defects of s»terlals and 
vorkaanshlp for a period of ninety days. For vacuum tubes, with the 
j » rc **j t t<y n of the magnetron, the terms and conditions of the warranty 
ptiblished hy the manufacturer of sueh tubes as in effect on the date 
of delivery of such equipment furnished hereunder shall apply. 

o. saumetron presently available for this shipment is guaran- 
teed for thirtTW hours of use. A aagnetrta having * 
of tw© hundred (200) hours i* under development. When this magnetron 
he ogmt ff available, a related aesesfcly required for conversion to use the 
ismroved magnetron will he supplied on a retrofit basis hy the Contrac- 
tor hereunder to the government at no additional eost to the Government. 


w 4 • 
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September 5, iS56 


25X1A 


Subj. : better Contract KA-1076 
A m endxn ent N o . 2 


25X1A 


Enclosed please find original and one copy of subject Amendment. 

These have been signed and executed by me to indicate our accept- 
ance thereof. 


Sincerely yours, 


Et,G:mh 

Ene. 
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